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BILL NO. S-83-12-£~< 


SPECIAL ORDINANCE NO. 


s-OT'W 


AN ORDINANCE approving Change Order 
No. 1 - Res. #5993-83 - Pontiac 
Street Resurfacing, with Dailey 
Asphalt Products, in connection 
with the Board of Public Works. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 


OF THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. That Change Order No. 1 - Res. #5993-83 - 

Pontiac Street Resurfacing, with Dailey Asphalt Products, in 

connection with the Board of Public Works for: 

Upon removal of a trolley tracks in the 
vicinity of the Hanna Street intersection 
and the Bowser Street intersection, ad¬ 
vanced stages of subbase failure was en¬ 
countered. This necessitated the additional 
removal of pavement to subgrade and recon¬ 
struction with HAC base; 

involving an increase of Twelve Thousand Two Hundred Forty-Seven 
and 50/100 Dollars ($12,247.50), all as more particularly set 


forth in the specifications, and which is on file with the Office 
of the Board of Public Works, and is by reference incorporated 
herein, made a part hereof and is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 
approval by the Mayor. 

___ d/L /V , . -i < ■ •-< < * _ 

Cpoinci lmember 


APPROVED AS TO FORM 
AND LEGALITY 








Read the fii/st time in full and on motion by 

seconded by _, and duly, adopted, read the second time 

by title and referred to the Committee X ■■**#/ (an4 the City 

Plan Commission for recommendation) and Public Hearing_to be held^after 
due legal notice, at the Council"CKambers, City-County Building, Fort Wayne 

Indiana, on._, the__^day of 

19 , at / 

dZ 


■/ 2 -j- 7-A 


. 


A 




Cl 6 


Read the third/tainie 

seconded by__ 

passage. PASSED (LaflA^ by the following vote: 


SANDRA E. KENNEDY, CITY CLERK 
in full and on motion byj 


and duly adopted, placed on its 


TOTAL VOTES 

BRADBURY 

BURNS 


EISBART 

GiaQUINTA 

HENRY 

REDD 

SCHMIDT 


AYES 

X 


NAYS 


ABSTAINED 


DATE: 


/- 






Sandra e. Kennedy, city cl: 


Passed and adopted by the Common Council of the City of Fort 

Wayne, Indiana, as ( ANNEXAT ION)-(APPROPRIATION)' (GENERAL^ 

(SPECIAL) (ZONING-MAP) ORDINANCE (RESOptFTTON) NO. X/" 

on the __day of _<■ 19 • 



(SEANX 


^ 1 - 




SANDRA E. KENNEDY, CITY CLERK 

Presented by me to the Mayor 
on the _day of 


PRESIDING OFFICER 
the City of Fort Wayne, Indiana, 
_, 19 x. 


at the hour of 


//'da 


~£L 


.M.,E.S.T. 




Approved and signed by me this 
19 % (J \ , at the hour of _ I > [ 3 D 


SANDRA E. KENNEDY, CITY CLERK 
1 HX day of_ 


f 


.M.,E.S.T. 




WIN MOSES, JR., MAYOR 
















































































CHANGE ORDER 


:hange Order No- 1 _ 

’roject No. • _ 

.'ama of Project Pontine Street Resnrf ac.in.SL 

fo: Dailey Asphalt Products _ 

(Contractor) 


7-£-* ^3/-^ 

Resolution No. 5998-88 _ 

Board Order No . ' 41-83 _ 

Date Nov. 21. 1983, 


jentli 


fou are hereby requested to comply with the following changes from the contract plans and 
specifications: 



The sum of S_ 
price, and the 


12 >2 4 7 . 

final c 


is hereby (added to) (dedbiKkasixiaoaej) the total contract 
contract price shall be adjusted as follows: 


10 


Oriainal Contract Price 

Current Contract Price Adjusted by.Previous Change Order 
New Contract Price Including this Change Oruer 


£ 94,595.00 

S_ 

S 106,842.50 . 


Th- time provided for completion in the contract for this project is (unchanged) 

bv calendar days due to this Change Order. The dare for comple.ion 

! 7 ■ i r ' C ~- . Furthermore, this document snail oecome an 

n t to the contract and all provisions of the contract shall apply hereto. 






(Chief Street Er.cineer) Date ///2S/32 
^ _ (Contractor) Date t f / P 9 / 6 ^ _ 


Recommended by: __ 

Accepted by: hdtyc oUKrr. ( — LJ -J L 

Approved by: H <D1 — t 

. . (Owner) Date / cR~7 w 

Approved oy: —--i--- 



°V : \^ 




uaama^i. 


Date 








































































Chance Order Mo. _1_ 

Resolution No. . 5993-83 
Board Order No. 41-83 


request and justification FOR CHANGE 


Necessity for change: Upon removal of trolley tracks i n the .. vicinit y-—---* 

intersection and the Bowser Street intersection, advanced stages of subbase failurejjasjen--_ 

countered. This necessitated the additional removal of pavement to subgrade and reconstruction 


with MAC Base. 


Will proposed change alter size of the project? Y: 
If yes, explain: ____*-—- 


Affect on operation and maintenance cost of this 
reconstructed pavement sections and enhance drainage 
pavement elevation. 


cro^ect: Extend service life of the 

characteristics of pavement by lowering 



























































Pontiac Street Resurfacing - Resolution No. 5993-83 


-7-1 

' • sc'- ration of Chanre 

Contract 

Quantity 

Quantity 

Unit 

Qhanre 

ncc-"' 


Material 

Price 

Decrease 

Increase 


Rail Removal 

700 C.Y. 

407 

5.00 

1465.00 ’ 


2,035.0) 

2. 

Pavement Removal 

500 S.Y. 

1025 

1.30 


682.50 

1,332.5' 

3. 


800 Ton 

1437 

80.00 


12,740.00 

28,740.0 

4. 

HAC Binder 

1250 Ton 

1204 

21.00 

966.00 


25,284.0 



1500 Ton 

1573 

23.00 


1,679.00 

36,179.0 

6. 

Joint & Crack Sealer 

2 Ton 

2.53 

400.00 


212.00 

1,012.0 



28 Ea. 

25 

60.00 

180.00 


1,500.0 

8. 


15 Ea. 

17 

125.00 


250.00 

2,125.0 



6 Ea. 

3 

235.00 

705.00 


705.0 



6500 S.Y. 

6500 

1.22 

- 

- 

7,930.0 














3316.00 

15,563.50 









106.842.-5 






Over 

12.247.50 
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BILL NO. S-83-12-54 


REPORT OF THE COMMITTEE ON PUBLIC WORKS _ 

WE, YOUR COMMITTEE ON PUBLIC WORKS _TO WHOM WAS REFERRED AN 

ORDINANCE approving Change Order No. 1 - Res. #5993-83 - _ 

Pontiac Street Resurfacing, with Dailey Asphlat Products, in 
connection with the Board of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE __ PASS. 































nuiuii* r\upr 


TITLE OF ORDINANCE Change Order #1, Pontiac Street Resurfacing, Res. #5 993-83 
DEPARTMENT REQUESTING ORDINANCE _ Board of Public Works 

SYNOPSIS OF ORDINANCE tlnon removal of trolley tracks in the vicinity of the Hanna 


Street intersection and the Bowser Street in tersection, advanced stages 
of subbase failure was encountered. This necessitated the additional 

removal of pavement to subgrade and reconstruction with HAC base. 

Dailev Asphalt Products, Contractor. 


EFFECT OF PASSAGE Extend service life of the reconstructed pavement sections and enhance 
drainage characteristics of oavement by lowering pavement elevation. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) InCreaSe $12,247.50 


ASSIGNED TO COMMITTEE 










































